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BILL NO. S—77-01- 


. *- / 3 -' 77 . 


SPECIAL ORDINANCE NO 

AN ORDINANCE approving Change Order^ 
No. 1 thru 4 in connection with 
Southwood Park Addition, Resolution 
No. 111-75. 


BE IT ORDAINED BY THE COMMON COUNCIL OF THE CITY OF 
’ORT WAYNE, INDIANA: 

SECTION 1. That Change Order No. 1 to Southwood Park 
addition., in connection with Resolution No. 111-75 in the amount 
>f $18,595.20, as set out in the specifications, is hereby in 
ill things ratified, confirmed and approved. 

SECTION 2. That Change Order No. 2 to Southwood Park 
addition in connection with Resolution No. 111-75 in the amount of 
56,718.35, as set out in the specifications, is hereby in all things 
ratified, confirmed and approved. 

SECTION 3. That Change Order No. 3,to Southwood Park 
addition in connection with Resolution No. 111-75 in the amount of 
52,037.45, as set out in the specifications, is hereby in all 
rhings ratified, confirmed and approved. 

SECTION 4. That Change Order No. 4 to Southwood Park 
addition in connection with Resolution No. 111-75 in the amount of 
51,469.95, as set out in the specifications, is hereby in all 
rhings ratified, confirmed and approved. 

SECTION 5. This Ordinance shall be in full force and 
effect from and after its passage and approval by the Mayor. 


(MID 


Councilman 


/Soffit, TOFOE ” 


















Read the first time in full and on motion by ^ , seconded by 

_» and duly adopted, read the second time by title and referred 

to the Committee on ( and the City Plan Commissio n for 

recommendation) and-Public Hearing to De hem after due legal rretiee-^at the Council 

Chambers, City-County Building, Fort Wayne, Indiana, on - " , the day 

°f" -- , 1976, at 


Q T cIoblr~P-rM-r-rR^S .T. 


DATE: 


/-/A7; 




CITY CLERK 

Read the third time in full and on motion by 
seconded by 




and duly adopted, placed on its passage. 


PASSED ^^T) by the following 



AYES 

NAYS 

ABSTAINED ABSENT 

TOTAL VOTES 

1 9 1 

L 1 

1 III 

BURNS 

6 ^ 



HINGA 

HUNTER ^ 

MOSES 

NUCKOLS 




SCHMIDT, D. 




SCHIMDT, V. 




STIER 




TALARICO 

6 / 




E . /-cPs-^77 




CITY CLERK 


Passed and adopted by the Common Council of the City of Fort Wayne, Indiana, 

- jag&gg „, 

~ r ‘ NERALT C ANNEX ATION) f SPECIAL) C A PPROPRIATIO N) 
©LOTION) No J-/3 - 77 o n the ^ ^ day of^: 



\TTESAT f .SEAL) 



19 ^. 




- , PRESIDING OFFICER 

Presented -by^me to the Mayor of the City of Fort Wayne, Indiana, on the 
day of _, 19^6, at thejhour of o ' clock 

/? /,) A, 

_ • /yy . sf[.- 


7 * 


Approved and 
at the hour of _Ul OO_ 


city" 

signed by me this _day of 





































































































S-77-01-09 


Bill No. 


We, 


REPORT OF THE COMMITTEE ON PUBLIC WORKS _ 

your Committee on _ PUBLIC WORKS _ to whom was referred an Ordinance 

approving Change Orders No. 1 thru 4 in connection with Southwood Park 
Addition, Resolution No. 111-75 


have had said Ordinance under consideration and beg leave to report back to the Common 
Council that said Ordinance __ PASS. 



































CHANGE ORDER 


Change Order No, __1_ 

Project No. .. 

Naiae. of Projec t fiouf.hwond Pa.r . k Ad d 

To: ._df&F.-..CxiiiB.Lxiic.tio:i——-— ; -- 

(Contractor) 



Resolution No. 111-75 

Board Order No._i i 7 a 

Date' 12-9 .-t.7_6_ 


You are’hereby requested to comply with the following changes from the contract plans, 
and specifications: 


T tem 


Description, of Change 


Change in Contract Price 

Wo. 

Quantity 

Description 

Unit Price 

Decrease 

Increase 

1 

10 

16* Embedded Aluminum Poles 

22.00 


220.00 

2 

10 

TC 10OR Luminaires 

9.00 


0 

0 

0 

c\ 

3 

6165 

Underground Trench 

. 60 

3699.00 


4 ' 

10110 

#4 2/C Underground Wire. 

.17 


1718.70 

5 

5876 ■ 

1 1/2" Conduit under drive¬ 
ways and sidewalks 

2.00 


11752.00 

6 

16 40 

1 1/2" Conduit under streets 

2.50 


4100.00 

'7 

16 

Risers with controls and 

photocells 

40.00 

640.00 


8 

9765 

Backfill, topsoil & seeding 

.10 

976.50 


9 

12 

Overhead duplex 

25.00 


300.00 

10 

2 

Removal - wood poles 35' 

30.00 


60.00 

11 

2 

Close Arc Circuit 

15.00 


30.00 

12 

2 

Photo control w/box ST conduit 

60.0D 


120.00 

13 

138 

Concrete foundations and 
Anchor bolts 

40.00 


5520.00 : 






j 



Total 

Decrease 

5315.50 

23910.70 ’ 



Total 

Increase 


18595.20 



Net (Increase) Contract Price 




The sum of $ 18,595.20 is hereby (added to) (tklfe&Xvf-kxxkx) the total contract price 

and the final contract price shall be adjusted as follows: 


Original Contract Price $ 61698.-00 _ 

Current Contract Price Adjusted by Previous Change Order $ -a- 

New Contract Price Including This Change Order $ R Q t 29 3.20 


The time provided for completion in the contract for this project is (unchanged) (dkx’xsxssri) 
(desstxssjf.4) by -0— calendar days due to this Chang;© Order. The dpte tor completion 

of all work shaT]T~be 's'ame _ » Furthermore, this document shall become an 

t to the contract and all provisions of the contract shall apply.hereto, 


Accep ted by: 
Approved: by 1 
Approved by 


Attested by:; 


: "7'AA^ ^ ./ 

Vf£-37 />l aJ" f (Contractor) 


< cit XJ= n gi^er ) 


w 


// , / r c \ . 

; ' i , 

(Clerk) 


Engineer) Bate .d ~~ f iif 


Bate 


/A 






























































Change Order No. 1 


Resolution No. 111-75 
Board Order No. 115-75 
REQUEST AND JUSTIFICATION FOR CHANGE 

1. Necessity for change: 1. and 2. To increase lighting on street corners 

3. Decrease due to pushing conduit under trees. 4. Increase due to 
not estimating wire for in and out of par kstrip from trench line and 

into poles. 5. Increase due to Park Department requiring to put 

conduit under trees. 6. Increase due to added amount of streets to be 

pushed to reduce the numb er of power sources. 7. Decrease due to 
increasing the s ize of circuits. 8. Decrease due to decrease in 
trench ing. 9. Increase due to additional spans required to energize 
controls. 10. Increase due to the removal of vacated light poles. 

11. Increase due to keeping existing surrounding lights burning. 

12. See below. r ~~~ 

2. Will* proposed change alter size of the project? Yes_ N o v 

If yes j, explain 


3. Affect on operation and maintenance cost of this project: 

-_ - By decreasing the number of power sources and increasing the size o f 
circuits will reduce the cost of maintenance of controls and enable 
maintenance crews to locate problems quicker and easier. 


12. Increase due to the removal of controls of circuits removed. 

13. Increase due to bases of old poles' not in estimate. 






































Change O' dux R >. __ 2 _ 

1‘rojccc No. 311^"- 

Ka^.s o £ Project Southwood Par k Add. 

Xc, : ‘T & F Construction 

(Contractor; 


order 



'/■■■ - - 
/ /■ 

Rouolutixon No. 111- 75_ 

.Board Order No .H 5 -. 25 .__ 

D *t e; December 13 . 19 76, 


Gen tie 0 . 0 : 1 : 


You are hereby requested to comply with the following changes from the contract plans 
and specifications: 


It era 


Description of Chang-:: 


Change, in Contract Price 

Ho, 

Quantity 

D < '(.uric-' 

Unit Price 

Decrease 

Increase 

1 

36 

16' Embedded Aluminum Poles 

22.00 


792.00 

2 

36 

TC 100R Luminaires 

9.00 


324.00 

3 

2,180 

Underground Trench. 

0.60 


1,308.00 

4 

3,955 

#4 2/C Underground Wire 

0.17 


672.35 

5 

855 

1 1/2" Conduit under driveways 

sidewalk and trees 

, 

2.00 


1,710.00 

6 

500 

1 1/2" Conduit under streets 

2.50 


1,250.00 

- 7 

1 

Risers 'witErr - Controls and~" 

photocells 

40.00 


40.00 

8 

2.180 

Backfill, topsoil & seedina 

.10 


218.00 

9 

2 

Overhead Duplex 

25/00' 


50 .'00 ! 

10 

5 

Removal - wood poles 

30.00 


150.00 ; 

11 

6 

Remove - Mast arms & fixtures 

20.00 


120.00 

12 

6 

Remove - Overhead Duplex 

14.0-0 


84.00 















Total 

Decrease 





Total 

Increase 


6,718.35 



Ret (Increase) Contract Price 




The sum of $ A 718 _-_1 i3 hereby' (added to) (sfe. 4V-J?-Mdx xg&p) the total contract price 

and the final contract price shall be adjusted as fellows: ... 

Original Contract Price $ 61,698.00 

Current Contract Price Adjusted by Previous Change Order $ 80,293.20 • 

Kew Contract .Price, Including This Change Order $ g 7 t jQH _ 55 


The tiwe provided for completion in the contract for this- project is (unchanged) (±SBcsDBS$xd) 

by __ calender days due to this Change Order, The date for completion 

of all work shall be May 31, 1 977 _^ Furthermore, this document shall 

amendment to the contract: and all provisions of the contract shall apply hereto 


Accepted by 


Approved by 


by: UMXLCh 
■■ VTA, ^ 

iChiet Engineer) 

- r (C pntyactop) 



(City Engineer) 



(Owner) 


..... . v... . _..... 



(Clerk) 


Date 




























































Change. Order No._g_ 


Resolution No. 111-75 


Board Order No. 115-75 


REQU EST AND JUSTIFICATION FOR CHANGE 


1. Necessity for change: Property Owners have petitioned the Board of Public 

Works to install street lighting of the type done in Southwood Park Addition 
on South Wayne from Pasadena Avenue to Rudisill Boulevard. The Board of 
Works, after holding public hearings for the requested lighting on the 
petition and whereas the requested lighting would be a continuation of the 

lighting done on South Wayne Avenue from Pettit to Pasadena under 'the South- 

Wood Park contract, has ordered said lighting to be added as an addendum 
to the Southwood Park Addition Contract enabling the City to benefi t from 
the original unit prices bid for the Southwood Park Addition pro ject. 


2. Will proposed change alter size of the project? Ye s x No_. 

If yes, explain 

- high ting--on-South .Wayne Av enue ■.will. ...b.e.. e xte nd ed from Pasadena Avenue 

to . Rudi.s 1.1.1 -.KQn.le yfC£L. 

3. Affect on operation and maintenance cost of this project: 

The proposed change will increase the street light inventory by 2.55 K W 

resulting in an increase in energy cost $137.70 per year. 



Lneer 































cnanc-i Okkk 


Change; Order No. _ 3_ 

"roj c No III ' 1 

Nawe of Projec t' Southwo od Park ..Idchi 

To: T&F Coostrug tign_C^m«--- 

(Contract ol) 


c - / - V ' i - / * /// 

Resolution No* 111-75 

Board Order No. ' lS/75_■ 

_ D a. t e 12 — 13 —76___ 


Coni:Uvuaa.; , - " - •_ P 

You are hereby requested to comply with the tallowing changes from the contract plans 
and sped ficat. ions : 


■ T , ra 


Description of Change 


Change in Contract: Price 

I ... 

Oiarki! y 

D iv> i 

Unit Y ■ 11 • 

Decrease 

Increase 

264.00 

1 

12 

16 1 Embedded Aluminum Pole 

22.00 


2 

12 

TC 100R Luminaire 

9.00 


108.00 

3 

820 

Underground Trench 

0.60 


492.00 

4 

1,185 

#4 2/C Underground Wire 

0.17 


201.45 

5 

205 

1 1/2" Conduit under driveways 
sidewalks and trees 

..2.Q0 


.41£LJQJQ- 

6 

160 

1 1/2" Conduit under 

Streets 

2.50 


400.00 

. '7 

1 

Riser with Controls and 

Photocell ' 

40.00 


40.00 

8 

820 

Backfill, topsoil and seeding 

0.10 


82.00 

9 

2 

Remove - Mast Arm & Fixture 

20.00 


o 

o 

o 































Total Decrease 

Total Increase 




2,037.45 


Net (Increase) Contract Price 


2,037.45 


• of $ 2,037.45 


is hereby (added to) 


the total contract price 


The ! 

and the final contract price shall be adjusted as fcllo; 

Original Contract Price 

Current Contract Price Adjusted by Previous Cha 
New Contract Price Including This Change Order 

The time provided for completion in the contract tor this project is (unchanged) (toowsasxas# 
(<JesX«aS3®ti.) by calendar days due tc this Change Order. The date for completion 

of all work shaTl~be May* 31, 197 7 _«. Furthermore, this document shall become an 

at to the contract and all provisions of the contract shall apply hereto,* 


$ 87, 

r 011 . 

55 

$89, 

' 049 . 

00 





(Chief 


jEn g, ln° 9 y) b J f 1 


BjZt r/^AVw ry (Contra cror ) Date -/-f - Z1. _. 

W..< ( :2 >'a. bag kg' !# bate_ /> _ r 




Approved by: 


w 




A> • •' 1 ’ • : • .' - 


( Owner) Date 


( Cle rk) - Date_ 
































































Change Order No. 3 
Resolution No. 111-75 
Board Order No» 115-75 
REQUEST AND JUSTIFICATION FOR CHANGE 

1. Necessity for change: P roperty Owners have petitioned the Board of Publ ic 
Works to install street lighting, of the type done in Southwood Park 
Addition, on Pasadena Drive from Fairfield Avenue to South Cornell Circle. 

The Board of Works, after holding public hearings for the requested 
lighting on the petition and whereas the requested lighting would be a 

continuation of the lighting done on Pasadena Drive from Beaver Avenue to 
Fairfield Avenue under the Southwood Park Addition Contract, ha s order ed 
said lighting to be added as an addendum to the Southwood Park Additi on 
Contract enabling the City to benefit from the original unit prices bi d, 
for the Southwood Park Addition project. 

2. Will proposed change alter size of the project? Ye s X No_ 

If yes, explain . 

Lighting on Pasadena will be extended from Fairfield Avenue to South 

Cornell Circle. - 

3. Affect on operation and maintenance cost of this project: 

The proposed change will increase the street lighting inventory by .85 KWH 
resulting in an increase in energy cost of $45.90 per year. 



Engineer 





























CHA NGE Q.RD.Gt 


Change Order N :> .._4 _ 

Project to, . ]5ll58,ladendu 


of Project_ - Southwood Pa rk Addition 

To:_ ] ' •_T &F Con s truct i on Corpora t i o 

(Contractor) 


Re.;-:)latiori No. 111-75 

Board Order No. 115-75 
D ate_ 12-14-76 _ 


You axe hereby requested to cornely with the xolioving changes iron the" contract plans 
and spent i: ieat:i or.s f 


Item 


Description of Change 


Cheng'* in Co-tract Ptice 

No. 

Oohuf-ity 

Dearriotion 

Unit Price 

Decrease 

Increase - 

1 

9 

16' Embedded Aluminum Pole 

22.00 


198.00 

2 

9 

TC 100 R Luminaire 

o 

o 

a\ 


81.00 

3 

880 

Underground Trench 

0.60 


528.00 

4 

1,035 

#4 2/C Underground Wire 

0.17 


175.95 

5 

105 

1 1/2" Conduit under driveways 
sidewalks and trees 

2.00 


~ 210.00 

6 

50 

1 1/2" Conduit under streets 

2.5 0 


125.00 

' 7 

880 

Backfill, topsoil & seeding 

0.10 


88.00 

8 

1 

Remove Mast Arm & Fixture 

20.00 


20.00 

9 

1 

Remove Overhead Duplex 

14.00 


O 

o 

10 

1 

Remove Wood Pole 

30.00 


u> 

o 

o 

o 

























Total Decrease 

Total Increase 

Ret (Increase) Contract Price 




1,469.95 


1,469.95 


The sum of $ 1 f 4 6 9 . 9 5 _ 

and the final contract price shall be adjusted as fellows: 


is hereby (added to) (& 


s:) the total contract price 


$ 61,698.00 


Original Contract Price ___ 

Current Contract Price Adjusted by Previous Change Order $ 89,049.00 

New Contract Price Including This Change Order : $ 90,518.95 

The time provided for completion in the contract for this project is (unchanged) (± 
(dsfcXKarasd) by calendar days due to this Change Order. The date for completion 

of all work shallTe ~^~Mav 311977 _- Furthermore, this doc 

nt to the. contract and all provisions ot the contract shall apply hereto 


Approved by 
Approved' by 


: x / , / // / 

v JLi. tr- .t / 

(Contractor) 


(C-Lty Etiv-i nc. or) 

- - - - - - J f 

: . (Owner)' 


) Aav //. _____ 


(Cierk) 


t shall ' 
ly heret 

Enginee r)< Date 7A 




































































Change Order No._4^ 


Resolution No. 111-75 

Board Order No. 115-75 _ 

REQUEST AND JUSTIFICATION FOR CHANGE 

1. Necessity for change: Property Owners have petitioned the Board of Works 
to install street lighting, of the type done in Southwood Park Additio n, 
on Stratford Road from its southern terminus to Pettit Avenue. The Bo ard 
of Works, after holding pu blic hearings for the requested lighting on the 
petition and whereas the requested lighting would be a continuation of the 

lighting done on Stratford Road under the Southwood Park Addition Cont ract, 

has ordered said lighting to be added as an adden dum to the Southwood Park ■ 
Addition Contract enabling the City to benefit from the original unit prices 
bid for the Southwood Park Addition project. 


2. Will proposed change alter size of the project? Ye s X No_ 

If yes, explain. 

The street lighting would be extended on Stratford Road from Pettit A venue 

to its southern terminus. 

3. Affect on operation and maintenance cost of this project: 

The proposed change will increase the street light inventory by .725 K WH 

resulting in an increase in energy cost of $39.15 per year. 































343 ! 


TITlii OF OFDIH/VO: SPECIAL ORDINANCE - Change Orders .1 thru 4 of T&F Const, on Res. 111- 


TFPARTi F 

ct f 

~ ~ ".. ‘ - - ~ ‘ “ ‘ * ” - -• 1975 

CTCTJESTING ORDIM/vlCE board of public works 

SYi’OPSIS 

Or 

O'•Dll 'AfiCE Change Orders Nos. 1 thru 4 of T & F Construction Corp. in total 

1. $18,595.20 3. 2,037.45 

>f S28.820.95 provide as follows: 2. 6,718.35 4. 1,469.95 

Nn. 

1 - 

Additional lighting on street corners - Additional wire needed on project - 

Additional conduit needed to go under trees, as required by Park Board- 
Additional number of streets pushed to reduce number of power sources - 

Additional spans required to energize controls 

Additional cost to remove vacated light poles 

Additional work required to keep existing surrounding lights burning. 

No. 

2 - 

This additional cost on project will allow for installation of lights on' 

South Wavnp from Pasadena to Rudisill Blvd, per Addendum "A." to Resolution 

. Wo 

1 - 

This additional cost on nroier.t will allow for installation of lights on 

Pasadena Drive from Fairfield Avenue to South Cornell Circle, Per Addendum 

I'D.".1-n Resolution .. ........ . . 

■No. 

L — 

This additional cost on nroiect will allow for installation of lights on 

Stratford Road from Pettit Avenue to its southern terminus, per Addendum "C" 

t.o..Resol. n t i on . . .. . .. 

Tnnr 


too- rhnnop nvders 2. 3 and 4. np.ti t.ions were received from property owners on 

specif ied streets for lighting like was being installed -in Southwood. .Park.. Public 
Hnariju! oa.o heJA and..said installations were added to Resolution 111-75 in order to 

gmittf! 

j.fiLylro^the original unit prices bid on Southwood Park Project.. 

xfijsKxB 

EFFECT. 

OF 

PASSAGE Satisfactory installation on Southwood. Park project 

and 

additional installations at savings. 

EFFECT Oi 

riU-rPASSAGt Tnatn-H-v fn nav contractor for changes needed to 


L. 

Lnirnri l v complete original contract - inability to provide 

UL.gjx±J-i 

to- aa. ne.tXC.iJ?.a.£d . ' 


lllVOLVED (Direct costs. Expo©iturfs, Savjnss) praj^mth-prap^ty 


—ffiBer;.j. .paying maximum of ... 01B. .pur. square fqoly._ 


assisted to cainmr 





/1 . 


.A / S' i. fi / , -■/.■■ I / 




/ 3 -V —TV - . 
































